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BILL NO. 8-75-06-/5^ 


SPECIAL ORDINANCE NO.S- /Jl/~ 


AN ORDINANCE approving Change Orders Nos. 1 in 
connection with Beacon-Vance-Hobson Feeder Main 
Phase II and Maydfille Road Feeder Main 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Orders Nos. 1 to Clow Corporation in con¬ 
nection with the Beacon~Vance=Hobson Feeder Main in the amount of $5,866.92 
and in connection with Maysville Road Feeder Main in the amount of $2,758.50, as 
set out in the specifications, are hereby in all things ratified, confirmed and 
approved. 


SECTION 2. This Ordinance shall be in full force and effect from and 


after its passage and approv: 



APPROVED AS TO FORM 











Read the first time in full and on motion , seconded by 

, and duly adopted, read the second time by title and referred 


to the Committee on 


(an 


X / 

f.nmmi^^Ir uv-ffH^-rproiiiiiiHnddL'TOTTi and Public Hearing to be heia after due iegaTnotice, 


at t:aeX&yr+e^H-^rrambe City-County Building, Fort Wayne, Indiana, on_ 

197 


Date: 





Read the third time in full and on motion by_ 
seconded by , and duly adopted, placed on its passage. 

Passed (COS^j by the following vote: 

AYES y NAYS ABSTAINED 


BURNS 

HINGA 

KRAUS 

MOSES 

NUCKOLS 


MY l. J / INMT o 

\E( 0 



Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 


as [l en+n^M-a«r^*;(-&enet -aT)—( A nnexation ) (Special) (Apprapri-a-t-'i-on) Ordinance 
•-/“ 7 ?&> ■ o n th e d ay 


(Resoj-iition. No 




, 197 


HCLERK " mSVSlm OFFICER 

d .by, me to the Mayor of the City of Tort Wayne, Indiana, on the 
, 197^1_s at the hour of '' A ' ^ o [ clock 


day of 




M.,E.S.T. 


Approved and signed by me this q/^ 
at the hour of _ // o'clock /t: M . ,E.S-T, 
















































































■S-25-Q.6-15- 


Biil No, 

REPORT OF THE COMMITTEE. ON CITY UTILITIES 

We, your Committee on _ City Utilities _ to whom was referred an Ordinance 

approving Change Orders Nos. 1 in connection with Beacon-Vance-Hobson Feeder 

Main Phase II and Maysville Road Feeder Main. 


have had said Ordinance under consideration and bag leave to report back to the Common 
































Memorandum 



To 

Board of Public Works 

Date Mav 77. 1Q7S 


From 

D. L. Foland 



Subject 

Change Orders #1 

^. 


Bear, on-Van re-Hobs 


and —-. 

Maysville Road Feeder Main, Contract ;75-XP-6(A) ') 


Attached are originals of the above referenced Change Orders 
for your execution. We understand that the original Contracts 
with Cloxvr Corporation covering these two projects have been 
returned to the Board. The Change Orders cover materials 
for which we did not include items in our bids, due to the 
fact that the Contract could have gone pre-stressed concdrete 
pipe, or ductile iron pipe; and had it gone pre-stressed the 
pipe supplier could not have furnished the materials covered 
in these Change Orders. Therefore, these Change Orders are now 
in order and should be executed to cover all the materials that 
will be necessary on these two projects. 

You will recall that this was pointed out in our original memo 
recommending the awards of these Contracts. 


Recommended by: 

0 

dTlT Roland; P.E. 

Chief Water Engineer 


Approved by: 



Ron Bonar, P.E. 

City & Managing Engineer 


DLF/iw 

Attachment (to be returned) 
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■" CilAJiOfh 0p;S%'5 


Changa Order No, j 

I;?roj sc-t ;No, • ,' 75~XP~6 (A7 


Nsfe e£ F-r^adCi^i^ille Road. raedtex .Main 

7; JhlfiS; Bi : ; 

(Contractor) 


Resolution Mo, — 

-Hoard Order No, 135 -Rv~ 

Dat e April XQTTd7o 


You are hereby ceuu 
- jhii-S' f 'Spiciiiddti'aaa : 


to comply with the following- changes from the contract plans ' 


Item 

No. 


_..._of Change 


Cannae in Con;--.-■---. 

Gnap.Z 2 .tr 

—-:Description 

Unit Price 

Baer'-uisa 

ran; 


9 ear 

90° Ell, C/L 

67. CO 


-t—Increase 

$ 603 on 



x. 21''. .tochor Elae.^ C/L 

65.00 


77 5 on 



Gate' Valya, xr/ ' , ' - ' - 


: 7 . . 

.—Ly- ■ 




144.05 


- 1,440.50 







. .'‘Total Decrease - 

■ Total increase 

Nat (E34SWS4- (Increase) Contract Price . ■ 




52,753.50 


$2,753.50 : 


pi a sita/hf 

and the final contract price shall be adjusted as fallows: 




Original. Contract Price $ -7ft Wo* 

Current Contract-Price Adjusted by ByaYiaus Change-Order §“^7^7" 

Haw Contract -Price including this Change Order - $~ _ ^^7T7T" 


The-tine provided for completion in the' contract’ for''-'this' project' is*‘(unchanged) 

tettssseo* by ,___0__calendar days due to this Change Order, The Mate°for 

or'#F'^rk- stall be ^uufelgad... Further^ 4 oc^^ 

■u to the contract -and air provisions or the contract shall apply hereto. 

^ .(Chief,. Water ■• Engj-ear) Dat e^r^j/' ItV 7s> ? c~ " 


j - .E-fihp-trshhdhd:' 'by “ 
,. 4 c sap t a 


" ■Appra s %^' by 



‘V.. 7. \ 7>*yeLA . ( C11V Eciaino &*-3 

”* ' \ ^(C-vna-i) 


Wsr2r*»<?~> ' 


§te 





































































CHANGE ORDER 


V 


° : ' V 5V 


74-XP-2 j:a1 


l Order No, 

Project No, 

Name of Proje 

To: CLOW CORPORATION, ATTN: MR. JAMES BUTLER 

(Contractor) 


Resolution No, — 
Board Order No «J-3Q=74 
Dat e April 10, 1975 
Work Order No. 63253 


You are hereby requested to comply with the following changes from the,contract plans 
and specifications: . 


No. 


Description of Change . 


Change, in Contract Pricer 

Quant"' ty 

Description .. ... 

Unit Price 

Decrease 




See attached list of materials , 



..-il.JI66.92 .. 

























Total Decrease 

Total Increase 

Net (De-s-e&aee) (Increase) Contract Price . 




SS.R66.92, 


. .$5,866.92... 


The sum of $ 5,866.92 is hereby (added to) (dede-&t-ed--f-rs-a) the total contract price 

and the final contract price shall be adjusted as fellows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price Including This Change Order 



The time provided for completion in the contract for this project is (unchanged) (fee r - ae s e d) 
(decr ease d) by -o- calendar days due to this Change Order. The data for completion 

of all work shall be unchanged _. Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 







29 r/f .i " 
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Change Order No._ 


Resolution No._ 


Board Order No. 130-74 


REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change: 


Additional materials not on original bid documents 


required to completely construct project in accordance with pl ans.—These 
materials were intentionally left off in order to secure, competitive alte; 


material bids for Ductile Iron and Prestressed Concrete Pi p e.—P r e s tr es sed. 


concrete pipe manufacturer would not have been able to submit_.co mplete„.bi..d_ij 

these materials were included in original hid documents ----- 

Cost of this change included in $15,000 ra ise. pining and material , item noted. 
in recommendation of award and Eng i neer^ Report tor PSCX hearing . . -- 


2. Will proposed change alter size of the project? Yes_ 
If yes, explain 


3. Affect on operation and maintenance cost or this project: 

No additional affect on operation or maintenance .a s a resul t, of this 



Project £ngin< 


T. L. Atherton : 









































Change Order No._ 1 

. Resolution No._ — 

Board Order No. 135-74 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change:_ AnrHr-fopal materials not on original bid documents, 

required to completely construct project in accordance with plans. These 

i-iaLerials were intentionally left off in order to secure competitive alternate 

’ material bids for Ductile Iron and Prestressed Concrete Pipe.- Prestressed 

concrete nine manufacturer would not nave been able to submit complete bid if 

' these materials were included in original hid documents! 

Cost nr this change included in $15,000 rise.' pining 'and^material item noted 

-in reconTrn^nriation of award and Engineers Report for PSC1 hearing. -- 


2. . Will proposed change alter size of the project? Yes____. . No_X 

If yes, explain - 


3. Affect on operation and maintenance cost of this project: 

No additional affect on operation or maintenance as a result of this change. 



L. Atherton. 


Project Engineer 




























DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance #3763 _ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Covers Change Orders No.l of Clow Corporation on contract 
- covering materials for the Beacon-Vance-Hobson Feeder Main, Phase II known as Contra ctr 
- J7.4.-xp-2 (A) in amount of $5.866.92, and Mavsville Road Feeder Main known as Contrac t 

75-xp-6 (A) in amount of $2,758.50. The change is necessitated because items were 

deliberately omitted from Bid Document in order to allow for more competitive bids. 



" See Attached Information" 


EFFECT OF PASSAGE Effect proper installation 


EFFECT OF NON-PASSAGE Improper installation 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) _$8.625.42 to Water Utility 


ASSIGNED TO COMMITTEE 


































